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Town of Arlington, Massachusetts 
730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 

webmaster@town.arlington.ma. us 

Meeting Minutes 10/03/2006 

TOWN OF ARLINGTON 
MINUTES 

REGULAR MEETING 

PERMANENT TOWN BUILDING COMMITTEE 
TUESDAY, October 3, 2006 



PRESENT: William Shea, Vice Chair 

Sue Mazzarella 
Marty Thrope 
Charles Streeton 
Robert Juusola 
Brian Sullivan 

ABSENT: John Cole, Chair 

Mark Miano 

PARTICIPANTS: Greg Carell, The Carell Group 
Meeting was called to order at 7:35 p.m. 

PARK CIRCLE FIRE STATION UPDATE 


Mr. Carell brought the committee up to date on the transfer from the existing Park Circle Fire Station to the temporary 
station. There continued to be unexpected building requirements in order for the transfer to occur. 

Mr. Carell brought an application for payment from Elizabeth Contracting but it was not filled out properly and he will 
bring it to the next meeting for approval. 

DALLIN SCHOOL 


The Committee received application for payment #21 for the period ending Sept 15, 2006. The invoice is for 
$138,188. The architect recommended the invoice for payment. 

There is a demand payment from General Mechanical Contractors. The committee approved the invoice unanimously 
with the understanding that John Maher will determine the amount to be paid to General Mechanics Contractors and 
the balance to be paid to Castagna Construction. 

Miscellaneous Items 


An invoice from Cleaning Specialist of New England for $380 for Park Circle Fire Station was approved. 

An invoice from Conn, Kavanaugh, Rosenthal for $278 for work on Dallin School was approved. 

Meeting adjourned at 8:45 p.m. 


Respectfully submitted, 
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Bill Shea 


Town Hall: 730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 — webmaster@town.arlington.ma.us 
Hours: Mon.-Wed. 8 a.m. to 4 p.m.; Thurs. 8 a.m. to 7 p.m.; Fri. 8 a.m. to noon 
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